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BILL NO. S-91-02- 7 f 
SPECIAL ORDINANCE NO. S- 6-7 

AN ORDINANCE approving Change Order No. 
#1 FOR CONTRACT 90-XP-2, MAIN STREET 
FEEDER MAIN PHASE I with EARTH 
CONSTRUCTION, INC. in connection with 
the Board of Public Works and Safety of 
the City of Fort Wayne, Indiana. 

NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA; 

SECTION 1. That Change Order No. #1 FOR CONTRACT 90- 
XP-2, MAIN STREET FEEDER MAIN PHASE I with EARTH 
CONSTRUCTION, INC. in connection with the Board of Public 
Works and Safety, for: 

on Item #1, job bid before railroad 

permit returned; on Item #2, fiber 

optic cable cut (GTE); Items 13-16, 

done under direction of City 

Engineer/Board of Works; Items #7-9, 

adjustment to quantities; 
involving a net increase of Thirty-Nine Thousand Four 
Hundred Forty-Eight and 45/100 Dollars ($39,448.45) 
all as more particularly set forth in the specifications, 
and which is on file with the Office of the Board of Public 
Works and Safety and is by reference incorporated herein, 
made a part hereof, and is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all 


necessary approval by the. 





APPROVED AS TO FORM 
AND LEGALITY 


JS {у 


J. Timoth cCaulay 








J ee 1 Ч ' CHANGE ORDER 


CHANGE ORDER # one CONTRACT £ 90-XP-2 
PROJECT # BOARD ORDER#__169-89 
NAME OF PROJECT__MAIN STREET FEEDER PHASE Т е DATE 4 FEBRUARY 90 
TO EARTH CONSTRUCTION INC. 

(CONTRACTOR) 
GENTLEMEN: 


YOU ARE HEREBY REQUESTED TO COMPLY WITH THE FOLLOWING CHANGES FROM THE CONTRACT 
PLANS AND SPECIFICATIONS: 


ITEM DESCRIPTION OF CHANGE CHANGE IN CONTRACT PRICE 


QUANTITY U< DESCRIPTION ` UNIT/PR DECREASE | INCREASE 
| | | вив ATTACHED SHEET ple 











TOTAL DECREASE | Š | | 
TOTAL INCREASE | [539,448.45] 


NET INCREASE ТО CONTRACT PRICE | аала 


THE SUM OF $39,448.45 IS HEREBY ADDED TO THE TOTAL CONTRACT PRICE AND THE 
FINAL CONTRACT PRICE SHALL BE ADJUSTED AS FOLLOWS: 





ORIGINAL CONTRACT PRICE $ 520,354.40 
CURRENT CONTRACT PRICE ADJ. BY PREV. CO'S $ 520,354.40 
NEW CONTRACT PRICE INCLUDING THIS CO $ 559,802.85 


THE TIME PROVIDED FOR COMPLETION IN THE CONTRACT FOR THIS PROJECT IS 
(UNCHANGED) (INCREASED (DECREASED) 0 CALENDAR DAYS DUE TO THIS CHANGE ORDER. 
THE DATE FOR COMPLETION OF ALL WORK SHALL BE _PROJECT COMPLETE. FURTHERMORE, THIS 
DOCUMENT SHALL BECOME AN AMENDMENT TO THE CONTRACT AND ALL PROVISIONS OF THE 


CONTRACT SHALL APPLY WAA 
RECOMMENDED BX: x Z {= DATE 22 //- и 


DATE 2-5-91 
- 12-91 










ACCEPTED BY: 


, CITY ENGINEER DATE 2 
OWNER DATE 42-/-2- Z/ 


APPROVED BY 








APPROVED BY? 


DATEL A2- 77 


ATTESTED BY:' 





ATTACHMENT TO CHANGE ORDER 








Item | | Description of onanga Unit | Change in Contract 

Price | | | i 

Мо. | Quantity | Description | Price | Decrease | Increase 

Ei ; | INSTALL 30" CASING PIPE!$ 112.20 | 521,878.14 
195 LF,UNDER CONRAIL OVERPASS I 


2 ! !RELOC. N&S R.R. BORE КОЙЫН! Түс ! '$ 5,060.88 
N/A PIT AT GROWTH INTO ST. | 

3 | !SIDEWALK & CURB REMOV. !$ 9.22 ! !$ 4,796.43 
I 


520+ LF, WATKINS & RUNNION L 


4 | !INSTALL GUARDRAIL AT !$ Dok ! '$ 1,315.00 
1 


5 LF,EAST BANK ST. MARYS 


5 ! 'ASPHALT PARK LOT PAVE. !$ 17.37 ! 1$ 1,650.00 
l 


95 LF,REMOV. W. MOELLERING 
6 | !SIGNS & BARRICADES ON  !$ LS. ! LS 1, 093.00 
N/A RD CLOSURE WATKINS & RUNNION ! 
7 ! !HAND PLACED RIP RAP L5: 5 7200 ! !$ 960.00 


137.147 SY 


8 ! l6" CONCRETE CURBFACE ` !$ 21.30 ! I$ — 585.00 
27.46 SYlWALK | 


HO eT ы ЫЫ A Ht tH 


9 ! !16" CL50 DI WATER MAIN !$ 38.00 | I$ 2,110.00 


55:453 Е 1 | 


TOTAL DECREASE 


TOTAL INCREASE 39,448.45 


NET INCREASE TO CONTRACT PRICE 39,648.45. 


wena: 


Fort Wayne, Indiana, on Z the 


in full апа on motion by Оол ТО, 


‚ апа au 


adopzsda, ead the seccnc time 
: 3 = Z а = a 

title and referred to the Committee on A LZ (зла sh 
City Plan Commission for recommendation) b g—to be ле1а afte 


due legal notice’? at the Council Con£e 128, City-County Building, 


















of 











PECES А о' Фо R S 


AY 
DATED: a vue = 
а $ SANDRA E. KENNEDY, CITY CLEN 
A 


{ГЕ ° Е 
UN / 
Read the Leg ti in full and on motion hy. h LAD: 
Seconted by ( yee 














y ‚ and duly adoptéd, placed on its 
Passage. PASSED рехт by the ѓо lowing vote: š Š 
AYES NAYS ABSTAINED ABSENT 
SEALS on ICONAYGST ABSTAINED 
TOTAL VOTES y 
TOPAL VOTES ret DESUDIUAS 5; 
BRADBURY : “= 
SeADBURS +. тнк ы Әр 
BURNS seg 
pO SURE E ты И KCLIMAT. ee 
EDMONDS. — 
OND ke s S 20 SO Naa жонс I 
GiaOUINTA <— 
SOOO UTE AUNT AR UC DES UE NM 
HENRY ; KA 
DIU ORG cue кыекы e NU TE 
LONG ат. жне ОЗ, 
UE ж m ns MAT E MEUS 
<— 
REDD 
ee R IC E А, 72 аага phi TN 
g = 
SCHMIDT 
Pe ema DOT 
TALARICO 
JEBART CODY Еа 





DATED: Sora Z 








Passed апа adopted by the Common Council of the City of Fo 


Indiana, as (ANNEXAPIONJ— — tAPPROPRIXTION] 


^. (GENERAL) 
(SPECIAL) (ZONING-MADP) ORDINANCE. RESOLUTION- NO. ` LL o fe 
ex = TM 
on the г? = day of FY ў ОО 
Pe £ 


STAN И сү T 
SANDRA E. KENNEDY, CITY CLÉRK PRESIDING OFFICER 


Presented by me to-the Mayor of the City of Fort Wayne, 


the ZL vie day of: 7 rn 


at the hour o£ ZÉ KO 





Indiana, on 


197 


, 








1 Approved and signed by me this SN day of nh 

* к, < ç — q OM r—— E 
19 Q| , at the hour of Ts o'cl M. ES Ts 

ксы WIN = d 


AJRU : 
PAUL HELMKE, MAYOR 





гү 


Admn. Appr. 


TITLE OF ORDINANCE: Change Order #1, 90-XP-2, Main Street Feeder 
Main Phase I 


DEPARTMENT REQUESTING ORDINANCE: Board of Public Works & Safety 

SYNOPIS OF ORDINANCE: On Item #1, job bid before railroad permit 
returned; on Item #2, fiber optic cable cut (GTE); Items #3-#6, done 
under the direction of City Engineer/Board of Works; Items #7-9, 
adjustment to quantities. Earth Construction, Inc., is the contractor. 


EFFECT OF PASSAGE: To facilitate completion of project. 
EFFECT OF NON PASSAGE: 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase $39,448.45 


ASSIGNED TO COMMITTEE: 


BILL но.___5-91-02-34 
REPORT OF THE COMMITTEE ON CITY UTILITIES 


PAUL M. BURNS, CHAIRMAN 
CHARLES B. REDD, VICE CHAIRMAN 
EDMONDS, LONG, SCHMIDT X 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 


REFERRED AN (ORDINANCE) ( RÉSQPOUPON) approving Change Order 
No. 1 FOR CONTRACT 90-XP-2, MAIN STREET FEEDER MAIN PHASE I with 
EARTH CONSTRUCTION, INC. in connection with the Board of Public 


— ы dia EAT E eee i lI l тое—————— 


Works and Safety of the City of Fort Wayne, Indiana 


HAVE HAD SAID (ORDINANCE) (RESOLEEEOK) UNDER CONSIDERATION 
AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 
(ORDINANCE) (RRSGMEREGM) z 





DO NOT PASS ABSTAIN NO REC 

















DATED: BEC A 


Sandra E. Kennedy 
City Clerk 


